Digitized  by  tine  Internet  Arciiive 

in  2010  witii  funding  from 

Lyrasis  IVIembers  and  Sloan  Foundation 


http://www.archive.org/details/reportofboardofc1856boar 


[Document  F.] 


REPORT 


jvim 


OF    BALTIMORE    COUNTY; 


In   answer   to   Resolutions  passed  by   the  House  of  Delegates, 
January  14,  1856. 


of  the  Building  Committee  and  the  County  Commissioners  of 
Baltimore  county,  relating  to  their  Financial  Operations  in  erec- 
ting the  New  Court  House  and  Jail  in  Baltimore  county,  at 
TovVsontown,  as  required  by  Act  of  Assembly,  passed  January 
Session,  1854,  chapter  144. 


Office  of  the  County  Commissioners  of  Baltimore  Co. 

At  a  meeting  of  the  County  Commissioners  of  Baltimore 
county,  held  this  19th  day  of  July,  1854,  at  their  office,  in  the 
Court  House,  in  the  city  of  Baltimore,  among  others  were  the 
the  following  proceedings,  to  wit : 

Present,  Thomas  C.  Bosley, 

John  W.  Triplett, 
Wm.  Hutchins. 
Joshua  Owings,  Bailiffr 

(Copy  of  order,) 

Baltimore j  June  29th,  1854. 
Gentlemen- — You  will  please  pay  to  the  order  of  Messrs.  Dixon, 
Balbirnie  &  Dixon,  Two  Hundred  Dollars,  and  charge  the  same 
to  account  of  plan  furnished  for  the  New  Court  House   at  Tow- 
sontown.  Edward  S.  Myers, 

Joshua  Hutchins, 
Charles  Timanus, 
Joseph  D.  Pope. 
To  the  Commissioners  of  Baltimore  County. 

The  said  original  order  was  endorsed  as  follows  : 

"  Examined^  passed,  and  ordered  to  be  paid  by  the  Board  out 

of  the  New  Court  House  and   Jail   Fund,  this  19th  day  of  July, 

1854.'* 


Signed  by  Thomas  C.  Bosley,  John  VV.  Triplett,  and  VVilliani 
Hulchins. 

(Copy.) 
Office  of  the  Board  of  Build'mg   Commissioners  appointed  by  law 

for  new  Court  House  and  Jail  for  Baltimore  county. 

August  lofh,  1854. 

The  County  Commissions  of  Baltimore  county  will  please  pay 
to  Joseph  D.  Pope,  Secretary  to  the  Board,  Three  Hundred  and 
Fifty  Dollars,  for  and  on  account  of  our  per  diem  whilst  attend- 
ing to  the  public  duties,  and  his  receipt  will  be  good  for  the 
same. 

Signed  by  Joshua  Hutchins,  Edward  S.  Myers,  Wm.  Slater, 
Joseph  D.  Pope,  and  Charles  Timanus. 

August  15  th,  1854 
Ordered,  That  John  L.  Stansbury,  agent  for  the  fund  called 
the  New  Court  House  and  Jail  Fund  for  Baltimore  county,  pay 
to  Joseph  D.  Pope,  Secretary  to  the  Building  Commissioners  ap- 
pointed to  build  new  Court  House  and  Jail  by  law,  the  sum  of 
Three  hundred  and  Fifty  Dollars  on  account  of  expenses  as  per 
above  order  of  the  Building  Commissioners,  out  of  the  new  Couit 
House  and  Jail  Fund,  as  appropriated  for  said  purpose,  &c. 
$350  00.  THOMAS  C.  BOSLEY,  President. 

(Copy.) 
Office  of  thn  Board  of  Building   Commissioners  appointed  by  law 
for  new  Court  House  and  Jaiijor  Baltimore  County. 

August  29th,  1854. 

The  County  Commissioners  of  Baltimore  county  will  pass  an 
"order^^  authorizing  the  Treasurer  of  Baltimore  county  to  pay  to 
W.  Spurrier  the  sum  of  Twenty  Dollars  tor  and  on  account  of 
services  rendered  as  conveyancer. 

(Signed,)  Joseph  D.  Pope, Joshua  Hutchins,  Edward  S.My- 
ers, and  Charles  Timanus. 

•  The  said  original  order  was  endorsed  as  follows  : 
Ordered,  this  5th  of  of  September,  1854,  that  John  L.  Stans- 
bury agent  to  the  Building  Commissioners  of  Baltimore    county 
pay  the  within  account. 

THOMAS  C.  BOSLEY,  President. 

(Copy.) 

Baliimore,  Sept.  lolh,  1854. 

To  the  Commissioners  of  Baltimore  county  : 

Gentlemen — We  hereby  certify  that  Messrs,  Dixon,  Balbirnic 
&  Dixon  are  entitled  to  receive  from  you  Two  Hundred  Dollars 
on  account  of  services  rendered  as  architects  to  the  undersigned 


o 

Commissioners  for  the  erection  of  the   public  buildings  at  Tow- 
sontowOi  Joshua  Hutchins, 

William  Slater, 
Edward  S.  Myers, 
Charles  Timanus, 
Jos.  D.  Pope. 

,  (.$200  00.)  Ordered  that  John  L.  Stansbury  agent  for  new 
Court  House  and  Jail  Fund  pay  to  Messsrs.  Dixon,  Balbirnie  & 
Dixon  Two  Hundred  Dollars  on  account  of  services  rendered 
agreeably  to  the  above  certificate  of  the  Building  Commission- 
ers. THOMAS  C.  BOSLEY,  President. 
Baltimore,  Sept.  Idth,  1854. 

(Copy.) 
Commissioners  of  Baltimore  County, 

To  Joseph  D.  Pope,  Dt, 
Sept.  1854.  For  cash  paid  for  procuring  bond  from 
Mr.  Smedly  and  others,  in  relation  to 

water  right  owners,  &c  , . . . , $12  50 

"  For  books  and  stationery. 6  20 

"  For  stamping  bond   and    deed  from    Dr. 

Bosley 6  50 

"  For  recording  same 4  44 

Total .... $29  64 

We,  the  undersigned,  certify  that  the  above  account  is  cor- 
rect. JosHHA   Hutchins, 

William  Slater, 
Edward  S.  Myers, 
CiiARLEf!  Timanus, 
Joseph  D.  Pope. 

O0ce  of  the  County  Commissioners  of  Baltimore   County : 

September  15lh,  1854. 
Ordered,  That  John  L.  Stansbury,  agent  for  the  new  Court 
House  and  Jail  Fund  for  Baltimore  county,  pay  Joseph  D.  Pope, 
Secretary  of  the  Building  Commissioners,  Twenty-nine  Dollars 
and  Sixty-four  cents,  being  ihe  amount  of  Bill  rendered  l)y  said 
Commissioners.  THOMilS  C.  BOSLEY,  President.      ' 

Ordered,  That  John  L.  Stansbury,  agent  for  the  new  Court 
House  and  Jail  Fund,  pay  George  M.  Hiss  Two  Dollars  and  Fif- 
ty cents;  for  stamping  County  Commissioners  Bond  to  the  Savings 
B:ink  of  Baltimore.     Sept*  15th;  1854. 

THOMAS  C.  BOSLEY,  President. 
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Office  of  the  County  Commissioners  of  Baltimore  County. 

September  15th,  1854. 
At  a  session  of  the  Board,  htid  this  day,  among  others  were 
the  following  proceedings,  to  wit : 

AGREEMENT. 

The  County  Commissioners  of  Baltimore  county,  by  virtue  and 
in  pursuance  of  authority  granted  them  by  an  Act  of  the  General 
Assembly  of  Maryland,  passed  at  January  session,  1854,  chapter 
144,  have  transferred  to  the  Savings  Bank  of  Baltimore  Sixty- 
eight  Thousand  Five  Hundred  Dollars  of  five  per  cent>  stock  of 
the  city  of  Baltimore,  as  collateral  security  for  the  payment  of  the 
sum  of  Forty-two  Thousand  Dollars,  and  the  interest  thereon. 
Which  sum  of  Forty-two  Thousand  Dollars  the  said  Savings 
Bank  of  Baltimore  has  agreed  to  loan  to  said  Commissioners  at 
an  interest  of  six  per  cent,  per  annum,  and  to  advance  and  pay 
the  same  to  the  said  Commissioners  in  the  following  installments, 
to  wit : 

The  sum  of  $5,000  on  the  day  of  the  ex'ecution  of  this  agree- 
ment. 

The  sum  of  |5,000  on  the  1st  of  January,  1855. 
The  sum  of  $10,666  66  on  the  1st  of  April,  1855. 
The  sum  of  $10,666  67  on  the  1st  of  July,  1855,  and 
The  sum  of  $10,666  67  on  the  1st  January,  1856. 

It  is  hereby  understood  and  agreed,  that  on  the  receipt  of  each 
of  the  above  installments  the  sail  Commissioners  will  pass  to  the 
said  Savings  Bank  of  Baltimore  the  promissory  note  of  said 
Commissioners  for  a  like  sum,  payable,  as  to  the  principal  there- 
of on  the  first  day  of  July,  1857,  and  as  to  the  interest  thereof, 
semi-annually,  on  the  first  days  of  January  and  July. 

It  is,  also,  understood  and  agreed  that  if  either  or  any  of  the 
said  notes  which  may  be  made  by  said  Commissioners  shall  not 
be  paid  at  maturity,  the  said  Savings  Bank  of  Baltimore,  may  at 
any  time  thereafter  proceed  to  sell  the  aforesaid  stock  of  the 
city  of  Baltimore,  or  any  part  thereof,  at  either  public  or  private 
sale,  without  any  futher  notice,  for  the  purpose  of  satisfying  said 
note  or  notes  and  any  interest  that  may  have  accrued  thereon. 
If  the  said  stock  be  sold,  and  the  proceeds  of  sale,  after  deduct- 
ing expenses,  shall  be  insufficient  to  pay  said  note  or  notes,  or 
renewals  thereof,  with  all  interest  accrued  thereon,  the  parties 
thereto  shall  remain  liable  for  such  deficiency;  but  if  the  proceeds 
of  sale,  after  such  deduction  shall  exceed  the  amount  of  said 
note  or  notes,  or  renewals  with  any  accrued  interest  thereon,  the 
said  Savings  Bank  shall  remain  liable  for  such  excess. 

Duplicate  originals  of  this  agreement  are  at  the  same  time  cxe- 


cuted,  one  of  which  is  retained  by  said  Commissioners  and  the 
other  by  the  said  Savings  Bank  of  Baltimore. 

Thomas   C.  Bosley, 
John  W.  Triplett, 
Wm.  Hutchins, 
The  County  Commissioners  of  Baltimore  county.      \ 
Testj     John  L.  Stansbury. 

J.   Saurin  Norris,  Treasurer 

of  the  Savings  Bank  of  Baltimore-. 
Baltimore  J  Sept.  loth,  1854. 

MEMORANDUM. 

It  is  hereby  understood  and  agreed  that  the  Commissioners  of 
Baltimore  county,  first  giving  thirty  days'  notice,  may  pay  at  any 
time  before  maturity  the  whole,  or  part,  or  parts,  of  the  loan 
which  may  be  made  to  them  by  the  Savings  Bank  of  Baltimore, 
in  pursuance  of  the  aforegoing  agreement,  said  payments  not  be- 
ing of  less  amount  than  Five  Thousand  Dollars  at  any  one  time  ; 
and  that  said  commissioners  on  making  such  payment  or  pay- 
ments, shall  be  entitled  to  a  release  of  proportionate  amount  of 
the  above  mentioned  Stock  of  the  city  of  Baltimore, 

J.  SAURIN  NORRIS, 
Treas.  S.  Bk  of  Bait. 

(Copy  of  Order.) 

Baltimore  county  Dec.  6th,  1854. 

Gentlemen — You  will  please  pay  to  the  order  of  Mr.  Joseph 
D.  Pope,  Six  Hundred  Dollars,  and  charge  the  same  to  account 
of  services  rendered  by  the  Building  Commissioners  of  Baltimore 
county  in  the  erection  of  the  Court  House,  &c. 

Edward  S.  Myers, 
Joseph   D.  Pope, 
Wm.  Slater, 
Joshua  Hutchins. 
To  the  Hon.  Commissioners  of  Baltimore  county. 

($600  00.)  Ordered,  That  John  L.  Stansbury,  agent  for  the 
new  Court  House  and  Jail  Fund,  pay  Joseph  D.  Pope,  Secretary 
to  the  Building  Commissioners,  Six  Hundred  Dollar,  on  account 
for  services  rendered  by  said  Building  Commissioners,  per  above 
order.'  THOMAS  C.  BOSLEY,  President. 

December  6th,  1854. 

(Copy  of  Account.)  Toivsontoion,  April,  1854. 

Baltimore  County, 

To  Frederick  Zurhorst,  Dr. 
April,  1854.  To  survey  the  Court  House  lot  and  road 

through  L.  Urban'i  garden $5  GO 

To  one  polesraan  (L.  Vogle) 1  00 


To  two  chain-carriers,  (Yost  and  Ridk-y)..  .      2  00 
Oft.       "       To  survey  of  part  of   the  gate-house  Jot 1  00 

Total $9  00 

Hon.  Commissioners  of  Baltimore  County: 

Gentlemen — We  hereby  certify  that  Frederick  Zurhorst  is  en- 
titled to  receive  the  above  amount  (of  $9  00)  for  services  ren- 
dered Baltimore  county,  as  surveyor. 

Edward  S.  Myers, 
Joseph  D.  Pope, 
Wm.   Slater, 
Joshua  Hutchins. 

Ordered,  That  John  L.  Stansbury,  agent  for  new  Court  House 
and  Jail  Fund,  pay  Joseph  I).  Pope,  Secretary  to  the  Building 
Commissioners,  Nine  Dollars  for  surveying  Court  House  lot, 
chain  carriers,  &c.  THOMAS  C.  BOSLEY,  President. 

December  6th,  1854. 

(Copy  of  Bill.) 

Commissioners  of  Baltimore  county, 

To  R.  W.  Templeman,  Dr. 

April  12,  1854,  For  one  day's  survey  of  five  acres  and 
avenue   for  Court  house   lot    and 

my  expenses $1  50 

May  3,  "    For  one  day's  survey  of  Dr.  Bosley's 

title 5  00 

Expenses  on  same 62 

,  Hire  of  J.  Yost,  L.  Vogle,  B.  Payne. .        3  00 

"       30        "    One  day's  survey  and  expenses 5  5Q 

July  22d,       "    One    day's    survey  court   house    and 

prison  lot  -  and  expenses 5  88 

Hire  of  J.  Vost  and  L.  Vogle 2  00 

August  24,    "    Copy  of  courses,  plats,  &c.,  of   Court 

house  and  prison  lot 5  00 

Sept'r  5,         "    One  day's  survey  and  expenses  on  lo- 
cation of  Court  house  building  ....        7  50 
Hire  ot  Lewis  Vogle 1  00 

Total |43  00 

We  hereby  certify  that  the  above  bill  is  correct,  and  that  Mr. 
R.  W.  Templeman  is  entitled  to  receive  from  you  the  amount  of 
the  same  (say  $43  00.)  Edward  S.  Myers, 

Joseph  D.  Pope, 
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T^o  the  Honorable  Commissioners  of  Baltimore  coitnty. 

When  passed  please  place  to  my  credit  for  taxes. 

R.  W.  TemplemaN. 

Ordered,  That  John  L.  Stansbury,  agent  for  new  court  house 
and  jail  fund,  pay  to  Joseph  D.  Pope,  Secretary  to  the  Buildiug 
Commissioners,  forty  three  dollars,  for  second  survey,  of  court 
house  lot  and  plat,  &c.     December  6th,  1854. 

THOMAS  C.  BOSLEY,  President. 
(Copy.) 
The  County  Commissioners  of  Baltimore  County, 

To  Edward  Flayhart,Dr. 
Nov.  27,  1854.  To  digging  9  feet  earth  in  well  8^  feet 
in  diameter  and  walling,  at  $2.00  per 

foot |18  00 

"  To  16  feet  depth  through  rock  6  feet  in 

diameter  in  well  at  $5.00  per  toot. . . .   80  00 
"  To  34  feet  pump  at  $1.00 3400 

Total $132  00 

Gentlemen  : — The  bearer  Mr.  Edward  Flayhart  is  entitled  to 
receive  from  you  the  above  amount  (of  $132.00)  for  digging  and 
walling  well  and  placing  pump  therein  on  court  house  lot. 

Edward  S.  Myers, 
Joseph  L).  Pope, 
Joshua  Hutchins. 
To  the  Hon.  Commissioners  of  Baltimore  County. 

Ordered,  That  John  L.  Stansbury, agent  for  new  court  house  and 
jail  fund,  pay  to  Joseph  D.  Pope,  Secretary  to  building  commis- 
sioners, one  hundred  and  thirty  two  dollars  for  digging  well  and 
putting  pump  therein  as  per  above  bill,  to  be  paid  out  of  the  build- 
ing fund. 

THOMAS  C.  BOSLEY. 
December  6th  1854. 
(Copy.) 
To  the  Hon.  Commissioners  of  'Baltimore  County: 

This  is  to  certify  that  Messrs.  Dixon,  Balbirnie  &  Dixon,  are 
entitled  to  one  hundred  and  fifty  dollars  for  services  rendered  on 
new  court  house  of  Baltimore  county. 

Joshua  Hutchins, 
William  Slater, 
Edvv^4.rd  S.  Myers, 
Joseph  D.  Pope, 
Charles  Timanus. 
Ordered,  That  John  L.  Stansbury,   agent  for  the  ntw  court 
house  and  jail  fund  for  Baltinaore  county  pay  to  Messrs.  Dixon, 
Balbirnie  &    ixon  one  hundr  edand  fifty  dollars,  being  in  foil  for 
2    H.    F. 
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the  above  certificate  due,  as  per  the  building  commissioners,  &C. 
[$150  00]  THOlMAS  C.  BOSLEY,  President. 

December  19th,  1854.  ' 

(Copy.) 

Baltimore  County^  December  12, 1854. 
To  the  Hon.  Commissioners  of  Baltimore  County: 

Gentlemen: — We  hereby  certify  that  Mr.  W.  H.  Allen  is  enti- 
tled to  receive  from  you  six  hundred  dollars  on  account  of  work 
performed  in  the  erection  of  the  new  court  house  in  Baltimore 
county. 

Ei)WAiiD  S.  Myers, 
Joseph  D.  Pope, 
Joshua  Hutchins, 
Charles  Timanus, 
[$600  OOJ  William  Slater. 

Ordered,  That  John  L.  Stansbury  agent  for  the  new  court 
house  and  jail  fund  pay  W.  H.  Allen  six  hundred  dollars  on  ac- 
count of  work  performed  in  the  erection  of  the  new  court  house 
in  Baltimore  county. 

[$600  00]  THOMAS  C.  BOSLEY,  President. 

John  L.  Stansbury,  Agent. 

December  19th,  1854. 
Office  of  the  County  Commissioiiers  of  BaWmore  County^ 

January  1st,  1855. 
Without  grace  on  the  first  day  of  July  1857,  the  county  com- 
missioners of  Baltimore  county  promise  to  pay  the  Savings  Bank 
of  Baltimore,  or  order,  the  sum  of  five  thousand  dollars  with  in- 
terest thereon,  payable  semi-annually  to  wit-^on  the  first  days  of 
January  and  July,  for  value  received. 
[$5000  00]  Signed,  Thomas  C.  Bosley, 

William  Hutchins, 
John  W.  Triplett, 
The  County  Commissioners  of  Baltimore  county. 
Office  of  the  County  Commissioners  of  Baltimore  County, 

January  2nd,  1856. 
The  Savings  Bank  of  Baltimore  will  pay  to  John  L.  Stansbury, 
agent  for  new  court  house  and  jail  fund  the  whole  amount  of  in- 
terest due  upon  the  certificate  of  stock  of  the  city  ot  Baltimore, 
upon  which  the  said  Savings  Bank  collects  the  interest  upon 
after  deducting  the  amount  of  interest  due  to  said  Savings  Bank 
on  the  loan  made  to  the  county  commissioners  of  Baltimore  county 
as  per  arrangements  heietofore  made,  and  his  receipt  will  be  good 
for  the  same— beng  the  sum  of  $1,712  50,  up  to  the  first  day  of 
January  1855. 

Thomas  C.  Bosley, 
(Duplicate.)  John  W.  Tripltt, 

William  Hutchins, 
County  Commissioners  of  Baltimore  County. 
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Office  of  the  County  Commissioners  of  Baltimore  County^ 

»  January  2nd,  1855, 

Ordered,  That  John  L.  Stansbury  agent  for  new  courthouse 
and  jail  fund  pay  to  Thomas  C.  Bosley  President  of  the  Board 
of  County  Commissioners  of  Baltimore  county,  six  thousand  dol- 
lars, to  be  deposited  in  the  county  Treasury  to  the  credit  of  the 
County  Commissioners,  of  Baltimore  county,  for  the  use  of  the 
county;  and  the  said  sum  of  Six  Thousand  Dollars  is  hereby  di- 
rected by  special  order  of  the  Board  to  be  drawn  out  of  the  Treas- 
ury of  the  county  by  John  L.  Stansbury,  Treasurer,  and  deposited 
to  the  new  courlhouse  and  jail  fund  by  the  1st  day  of  April  next, 
1855,  with  interest  from  the  2nd  day  of  January,  1855. 

THOMAS  C.  BOSLEY,  President, 

Wm.  Hutchins, 

John  W.  Triplett. 
(Duplicate.)  John  L.  fiTANSBURv,  Agent. 

(Copy.) 
The  County  Commissioners  of  Baltimore  County, 

To  Saml.  J.  Donaldson,  Dr. 
Dec.  28,  1854.  To  fee  as  counsel  of  the  Savings  Bank 
of  Baltimore,  in  the   case  of  loan  of 

$45,000   to  Baltimore   county $25  00 

Ordered,  That  the  agent  of  the  new  courthouse  and  jail  fund 
pay  Saml.  J.  Donaldson  Twenty-Five  Dollars  as  counsel  to  the 
Savings  Bank  of  Baltimore  in  obtaining  a  loan  from  said  Bank 
for  building  nt;w  courthouse  and  jail. 

THOMAS  C.  BOSLEY,  President. 
John  L.  Stansbuby,  Agent, 
January  16,  1855. 

(Copy.) 

Baltimore,  January,  23rd,  1855. 
County  Commissioners  of  Baltimore  County: 

Gentlemen: — We  hereby  certify  that  Tuomas  Dixon  is  entitled 
to  receive  from  you  One  Hundred  and  Fifty  Dollars  on  account  of 
services  rendered  as  architect  in  erection  of  the  jail  for  Baltimore 
county  at  Towsontown, 

Joshua  Hutchins, 
Charles  Timanus, 
Edw'd.  S.  Myers, 
Joseph  D.  Pope, 
William  Slater. 
Ordered,  That  John  L.  Stansbury  Agent  for  new  courthouse 
and  jad  fund  of  Baltimore  county,  pay   to   Thomas    Dixon    one 
hundred  and  fifty  dollars  for  services  rendered  as  architect  in  the 
erection  of  the  jail  for  Baltimore  county  at  Townsontown. 

THOMAS  C.  BOSLEY,  President. 
John  L.  Stansbury,  Agent. 
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(Copy.) 

Baltimore,  January  2Zrdj  1855. 
Commissioners  of  Baltimore  County: 

GentleiiH'n: — We  hereby  cerlity  that  Walter  R.  Jones  is  enti- 
tled to  receive  from  you  ten  dollars  tor  services  rendered  lor  ac- 
knowledging deeds  and  papers  for  lots  for  courthouse  and  jail  at 
Towsontown,  Baltimore  county. 

Joshua  Hutchins, 
Charles  Timanus, 
Edward  S.  Myers, 
$10  00  Joseph  D.  Pope. 

Ordered,  That  John  L.  Stansbury  Agent  to  the  new  courthouse 
and  jail  fund,  pay  Walter  R.  Jones  ten  dollars,  this  being  the 
amount  of  the  above  bill  out  of  the  new  courthouse  and  jail  fund 
as  per  certificate  of  the  building  Commissioners. 

THOMAS  C.  BOSLEY,  President. 

February  21st,  1855. 

Office  of  the  County  Commissioners  of  Baltimore  County: 

■JipritSrd,  1855. 
Without  grace  on  the  1st  day  of  July  eighteen  hundred  and 
fifty  seven,  the  County  Commissioners  of  Baltimore  county 
promise  to  pay  the  Savings  Bank  of  Baltimore  or  order  the  sum 
of  ten  thousand  six  hundred  and  sixty-six  dollars  and  sixty-six 
cents^  with  interest  thereon  payable  semi-annually,  to  wit:  on  the 
first  day  of  January  and  July,  for  value  received. 

Thos.  C.  Bosley, 
John  W.  Teiplett, 
$10,666  66  WxM.  Hutchins, 

The  County  Commissioners  of  Baltimore  county. 
Test,  John  L.  Stansbury. 

Office  of  the  County  Commissioners  of  Baltimore  County: 

April  3rd,  1855. 

Savings  Bank  of  Battimore  pay  to  John    L.    Stansbury    agent, 

the  interest  due,  or  that  many  become  due   on   $68,500,   city  of 

Baltimore  5  per  cent.  Stock  hypothicated  for  loan  to  the  County 

Commissioners  of  Baltimore  county  aforesaid. 

Thos.  C.  Bosley,  President, 
John  W.  Triplett, 
Wm.  Hutchins. 

(Copy.) 

April  3d,  1855. 

Ordered,  That  the  agent  of  the  New  Court  House  and  Jail 
Fund  pay  John  L.  Stansbury  eight  dollars  and  fifty  cents  for  stamp- 
ing two  notes  given  by  the  County  Commissioners  to  the  Saving's 
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Bank  of  Baltimore  to  effect  a  loan  for  the  Court  House  and   Jail 
of  Baltimore  county, 

$8  50.  THOMAS  C.  BOSLEY,  President. 

Jlpril  drd^  1855. 
Ordered,  That  John  L.   Stansbury  agent  of  Court  House  Fund 
pay  James  Lucas  and  Son,  Ten   dollars  for  books  for  the  use  of 
said  Agents. 

THOMAS  C.  BOSLEY,  President. 
Saving^s  Bank  of  Baltimore, 
May  ]2th  1855. 
Received  of  John  L.  Stansbury,   agent  of  the  Court  House 
and  Jail  Fund  of  Baltimore  county,   eight  dollars  and  fifty  cents 
for  Stamp  or  Notes  hereto  furnished  bv  this  Bank. 

$8  50.  J.  SAURIN  NORRIS,  Treasurer 

(Copy.) 

Baltimore  county,  May,  23cf,  1855. 
To  the  Co7)i'missioners  of  Baltimore  county: 

Genilemen — You  will  please  pay  to  the  order  of  Mr.  Joseph 
D.  Pope,  Five  Hundred  Dollars,  and  charge  the  same  to  account 
of  services  rendered  by  the  Building  Commissioners  in  Super- 
intending the  Erection  of  the  Public  Buildings  at  Towsontowrn. 

Very  Respectfully, 

Yours  &c., 

Joshua  Hutchins, 
Edward  S.  Myers, 
William  Slater,- 
Joseph  D.  Pope, 
Charles  Timanus, 

Ordered,  That  John  L.  Stansbury,  Agent  for  the  New  Court 
House  and  Jail  Fund,  pay  Joseph  D,  Pope  five  hundred  dollars 
for  services  rendered  by  the  Building  Commissioners. 

THOMAS  C.  BOSLEY,  President. 

June  5th,  1855. 

(Copy.) 

Baltimore  county.  May  23d.  1855. 
To  the  Commissioners  of  Baltimore  county  : 

Gentlemen — We  hereby  certify  that  Mr.  Wdliam  H.  Allen  is 
entitled  to  receive  from  you  five  thousand  dollars,  on  account  of 
work  done  and  materials  furnished  in  the  erection  of  the  Court 
House  at  Towsontown. 

$5000  CO  Joshua  Hutchins, 

Edward  S.  Myers, 
William  Sl;*ter, 
Joseph  D.  Pope, 
Charles  Timanus, 
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(Copy.) 

Ordered,  That  John  L.  Stansbury,  Agent  for  the  New  Court 
House  and  Jai!  Fund  pay  Wm.  H.  Allen  five  thousand  dollars, 
on     account    of    Building    New     Court     House    in    Baltimore 

county. 

THOMAS  C.  BOSLEY,  President. 

June  5th,  1855. 

Baltimore  county,  May  23d.,  1855. 

(Copy.)         ^ 
To  the  Commissioners  of  Baltimore  county: 

Gentlemen — We  hereby  certify  that  Mr.  William  H.  Allen  is 
entitled,  to  receive  frou;  you  five  thousand  dollars,  on  account  of 
work  done  and  materials  furnished  in  the  erection  of  the  Jail  for 
Baltimore  county,  at  Towsontown. 

$5000  00.  ■  Joshua  Hutchins, 

Edward  S.  Myers, 
William  Slater, 
Joseph  D.  Pope, 
Charles  Timanus, 

(Copy.) 

Ordered,  That  John  L.  Stansbury,  agent  for  the  new  court 
house  and  jail  fund,  pay  Wra.  H.  Allen  five  thousand  dollars  on 
account  of  building  new  jail  in  Baltimore  County. 

THOS.  C.  BOSLEY,  President. 
June  5lh  1855. 
(Copy.) 
To  the  Commissioners  of  Baltimore  County, 

Baltimore,  July  the  3c^,J855. 

Gentlemen: — We  hereby  certify  that  Messrs  Thomas  and  James 
R.  Dixon  are  entitled  to  receive  from  you  the  sum  of  two  hun- 
dred dollars  on  account  of  architectural  services  appertaining  to 
the  court  house  and  jail  of  Baltimore  County. 

Edward  S.  Myres, 
William  Slater, 
Jos.  D.  Pope, 
Joshua  Hutchins, 
The  Commissioners  of  Public  Buildings. 

Ordered,  That  Jno.  L.  Stansbury,  agent  for  the  court  house 
fund,  pay  to  Thomas  and  James  R.  Dixon  two  hundred  dollars  on 
account  of  architectural  services  appertaining  to  the  new  court 
house  and  jail  of  Baltimore  County. 

THOS.  C.  BOSLEY,  President. 
Baltimore  County,  April  2bth,  1855. 
To  the  Commissioners  of  Baltimore  County. 

Gentlemen: — We  hereby  certify  that  William  H.  Freeman, 
Esq.,  is  entitled  to  receive  from  you  the  sum  of  thirty  dollars,  for 
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the  examination  of  titles  and  other  legal  services  m  reference  to 
the  land  on  which  the  public  buildings  are  being  erected  at  Tow- 
sontown.  Respectfully, 

Joshua  Hutchixs, 
Edvv'ard  S.  Myeks, 
Joseph  D.  Pope. 
The  above  account,  examined  and  ordered  to  be    paid    out  of 
the  new  court  house  and  jail  fund,  Julv  16th,  1855. 

THOS.  C.  BOSLEY,  President.     - 
Baltimore  County,  August  29t/t,  1855. 
To  the  Commissioners  of  Baltimore  County. 

Gentlemen: — We  hereby  certify  that  Wm.  H.  kWen  is  entitled 
to  receive  the  sum  of  two  thousand  dollars  for  work  done  and 
materials  furnished  in  the  erection  of  the  jail  for  Baltimore 
County. 

Edward  S.  IMyres, 
Joshua  Hutchins, 
Wm.  Slater, 
Jos.  D.  Pope, 
Charles  Timanus. 
Ordered,  That  John  L.  Stansbury,  agent,  pay  Wm.  H.  Allen 
two  thousand  dollars  for  work  done   nnd    materials   furnished  in 
the  erection  of  the  jail  for  Ealtimore  County. 

THOS.  C.  BC3SLEY,  President. 

Baliimcre  County,  August  29th  1855. 
To  the  Commissioners  of  Baltimore  County. 

Gentlemen; — We  hereby  certify  that  Wm.  H.  Allen,  Esq.,  is 
entitled  to  receive  from  you  the  sum  of  five  thousand  dollars  for 
work  done  and  materials  f\irnished  in  the  erection  of  the  court 
house  for  Baltimore  Countj. 

Edward  S.  Myers. 
Joshua  Hutchins. 
William  Slater. 
Charles  Timanus, 
Commissioners  of  Public  Buildings. 
Ordered,  That  John  L.  Stansbury,  agent  of  court  house  and 
jail  fund,  pay  Wm.  H  Allen  five  thousand  dollars    for  work  done 
and   materials   furnished  in  the  erection  of  the  court  house   for 
Baltimore  County. 

THOS.  C.  BOSLEY,  President. 
September  4th,  1845. 

Baltimore  County,,  August  2nd,  1855. 
To  the  Commissioners  Baltimore  County. 

Gentlemen: — You  will  please  pay  to  the  order  of  Mr.  Joseph 
D.  Pope  fifteen  hundred  dollars,  and  charge  the  same  to  account 
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of  services  rendered  by  the  Building  Committee  in  the  erection 
of  the  court  house  and  jail  for  Baltimore  County. 

Edward  S.  Myers, 
•  Joshua  Hutchins, 

William  Slater, 
Jos.  D.  Pope. 
Charles  Timanus, 
Commissioners  of  Public  Buildings. 
Ordered,  That  John  L.  Stansbury,  agent  of  court  house  fund, 
pay  Joseph  D.  Pope  fifteen  hundred  dollars  on  account,  for  ser- 
vices rendered  by  the  Building  Commissioners  in  the  erection  of 
the  court  house  and  jail  lor  Baltimore  County. 

THOS.  C.  BOSLEY,  President. 
September  4thj  1855. 

Towso)ifotofi,  June  5,  1855. 
County  Commissioners  of  Baltimore  County. 

To  E.  F.  Church,  Dr. 
To   Rent  of  office  for  Building  Commissioners,  from 
September  28,  1854,   to    April   7,  1855,  at  $3.00  per 
month,  including  furniture  and   fire,    (six    months   and 

eight  days.) $21  87 

May  25,  1854,  To  Publishing  Notices  in  Advocate 75 

"    13,  "  "  "  To  Contract 150 

"    20,  "  "  "  '«  Architects 2  25 

July  1,  "  "  «  "  Contracts  4t.  ..2  50 

"    28,  "^  «  "  "  2sq  3t 2  00 

Sep.  20,  "  "  "  laying  corner  stone  3t..l  00 

Oct.  14,  "  "  "  invitations  to    "    50 

Dec.  8,  "    Printing  specification  of  courthouse  in 

pamphlet  form  and  binding  in  leather . .  13  50 

$45  87 
Deduct, 5  87 

$40  00 
To  the  Commissioners  of  Baltimore  County. 

Gertlemt'n; — We  hereby  certify  that  Mr.  Church  is  entitled  to 
receive  the  within  amount  of  bill,  say  $40  00. 

Edward  S.  Myers, 
Joshua  Hutchins, 
Charles  Timanus, 
William  Slater, 
Joseph  D.  Pope. 
Ordered,  That  John  L.  Stansbury,  agent  of  the  Court  House 
and  Jail  fund,  pay  E.  F.  Church,  forty  dollars  for  printing  done  for 
the  Building  Commissioners  to  be  paid  out  of  the  fund  for  the  erec- 
tion of  the  courthouse  and  jail  for  Baltimore  County. 

THOS.  C.  BOSLEY,  President. 
September  4th,  1855^ 
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Building  Commissioners  of  Baltimore  County : 

To  R.  W.  Templeman,  Dr. 
Sept.  24,  1S54  To  1  day's  levelling  Court  House  lot  and 

expenses, $5  50 

"     "•       "      Employ  f  .ewis  Vogle,  same  day  as  rodman . .  1  00 

March  7,  1S55  1  day  levelling  same  lot  and  expenses, 5  75 

"      "     "       Employ  Lewis  Vogle  as  rodman, 1  00 

$13  <25 
"      "     "       John  Robertson  chain  carrier  1  day, 1  50 

$14  75 

Ordered,  That  John  L.    Stansbnry,  agent   for  the  new    court 

house  and  jail  fund,  pay  R.  W.  Templeman,  fourteen  dollars  and 

seventy-five  cents^  for  services  done   as  surveyor  on  new  court 

house  and  jail  of  Baltimore  County,  to  be  paid  out  of  s  .id  fund. 

THOMAS  C.  BOSLEY,  President. 

October  2nd,  1855. 

Baltimore  county  Oct.  31st,  1855. 

To  the  Commhsioners  of  Baltimore  County. 
Gentlemen — We  hereby  certify  that  Mr.  .Wm.  H.  Allen  is  en- 
titled to  receive  from  you  the  sum  of  .^ix  thouiaad  dollars  ;  forty- 
four  hundred  dollars  of  the  same  to  be  charged  to  the  account  of 
work  done  on  the  Court  House,'the  balance  (say  sixteen  hupdred 
dollars)  to  be  charged  to  account  of  V76rk  done  on  the  Jail  of 
Baltimore  county. 

Very  Respectfully, 

Yours. 
Edward  Myers, 
Joseph  D.  '^ope, 
Charles .TiMANus, 
Joshua  ^HuTCHI^"s, 
CoiTimissioners  of  Public  Baildingf. 

Ordered,  That  John  L.  Sfansbury,  agent  fdr  new  Court  House 
and  Jail  fund,  for  Baltimore  county  pay  Thomas  and  J.  M.  Dix- 
on, Esquires,  two  hundred  dollars,  the  amount  of  the  above  or- 
der, as  passed  by  the  Building  Commissioners  of  erection  of  the 
new  Court  House  and  Jail  in  Baltimore  county. 
(|200  00) 

JNO.  Vv.  TRIPLETT, 

President  pro  tem. 
J\oy.  6th  1855.  * 

Baltimore  County,  October  31,  1855. 
To  the  Corhmissioners  (f  Baltimore  County. 

Gentlemen— You  will   please   pay  to  the  order  of  Joseph  D 
Pope  Esq.,  one  hundred  dollars  and  charge  the  same  to  account 
8   H.    F. 
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of  incidental  expenses  incurred  in  the  discharge  of  our  duties  u« 

Commissioners  of  the  Public  Buildings. 

Very  Respectfully, 

Edward  S.  Myers, 
Josr.PH  D.  Pope, 
Charles  Tmanus, 
Joshua  L.  Hutchins. 

Ordered,  That  John  L.  Stansbury,  agent  for  the  new  Court 
House  and  Jail  Fund  for  Baltimore  county,  pay  Joseph  D.  Pope 
Esq.,  one  hundred  dollars,  the  amount  ot  the  above  order,  as  pass- 
ed by  the  Building  Commissioners  of  the  erection  of  new  Court 
House  and  Jail  in  Baltimore  county. 
$100  00 

JOHN  W.  TRIPLETT, 

President,  pro  tem. 
JVbu.  6th,   1855 

Ordered,  By  the  board  this  29th  day  of  November  1855,  that 
the  order  drawn  in  favor  of  John  L.  Stansbury,  agent  for  the 
Court  House  and  Jail  Fund,  on  the  9th  day  of  November  past 
allowing  said  John  L.  Stansbury,  agent  for  the  Court  House  and 
Jail  Fund  tor  his  services, five  percent  for  receiving  and  disburs- 
ing said  fund,  be  and  the  said  order  is  hereby  rescinded  and  that 
the  said  John  L.  Stansbury,  agent,  be  and  he  is  hereby  allowed 
for  his  services  for  receiving  and  disbursing  said  Court  House  and 
Jail  Fund  three  per.  cent. 
Mv.  29th,  1855. 

Thomas  C.  Bosley, 
John  W.  Triplett, 
Wm.  Hutchins, 
Received,  Baltimore  December  5th,  1855,  of  John  L.  Stans- 
bury agent  for  the  Court  House  and  Jail  Fund,  the  sum  of  nine 
hun  Ired  and  fifteen  dollars  and  nine  cents,  being  the  balance  in 
his  hands  not  disbursed  as  appears  by  the  books  of  said  agent. 
$915  09 

Thomas  C.  Bosley, 
Wm.  Hutchins, 
Received,  Baltimore  December  5th,  1855  of  T.  C.  Bosley  and 
W.  Hutchins  of  the  former  board  of  County  Commissioners  for 
Baltimore  county,  the  sum   of  nine  hundred  and  fifteen  dollars 
and    nine  cents,  being  the  balance   not  disbursed   of  the   Court 
House  and  Jail  Fund   as   appears  by  the  Books  of  said  agents, 
$915  09 

Elisha  S.  Johnson, 
Richard   Herbert, 
Nicholas  Parker, 
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Baltimore  county  JYovember  19th  1855. 
To  the  Commissioners  of  Baltimore  county: 

Gentlemen — ^You  will  please  pay  to  the  order  of  Joseph  D. 
t*ope  Esq.,  twelve  hundred  and  fifty  dollars,  and  charge  the  same 
to  account  of  services  rendered  in  the  erection  of  the  Public 
Buildings  at  Towsontown  by  the  undersigned  Commissioners. 

Respectfully, 

Edward  S.  Myers, 
Joseph  D.  Pope. 
William  Slater, 
Chas.  Timanus. 
Ordered,  That  John  L.  Stansbury  agent  for  the  court  house  and 
jail  fund  pay  to  Joseph  D.  Pope,  twelve  hundred  and  fifty  dollars 
on  account  of  per  diera  of  the  building  commissioners  to  erect 
new  court  house  and  jail  in  Baltimore  county  to  be  paid  out  of  the 
court  house  and  jail  fund. 
[$1250  00]  THOMAS  C.  BOSLEY,  President. 

(Copy.) 

Baltimore,  Jan.  lOth,  1855. 
The  Commissioners  of  Baltimore  County, 

To  A.  S.  Abell  &  Co.,  Dr. 
For  advertising  in  the  "Sun"  2^  sq.  proposals  for  build- 
ing jail  12t $6  88 

To  the  Commissioners  of  Baltimore  county : 

Gentlemen, — We  hereby  certify  that  the  within  bill  is  correct. 

Edward  S.  Myers, 
Joseph  D.  Pope, 
Wm.  Slater, 
Charles  Timanus, 
Ordered,  That  John  L.  Stansbury,  agent  for  the  court  house 
and  jail  fund  of  Baltimore  county,  pay  to  A.  S.  Abell  &  Co.,  six 
dollars  and  eighty  eight  cents  for  printing  done  for  the  commis- 
sioners to  erect  new  courthouse  and  jail  in  Baltimore  county  to  be 
paid  out  of  said  fund. 
[$6  88]  "THOMAS  C.  BOSLEY,  President. 

Baltimore,  January  1st,  1856. 

Ordered,  That  -vVe  as  county  commissioners  of  Baltimore  county 
do  hereby  constitute  ourselves  as  agents  for  the  receipt  and  dis- 
bursement of  the  new  court  house  and  jail  fund  and  all  checks 
to  be  signed  only  by  us. 

Elisha  J.  Johnson, 
Richard  Herbert, 
Nicholas  Parker, 

Building  ComraissionerSo 
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Baltimore  Comity,  December  31st,  1855. 
To  the  Commissioners  of  Baltimore  County. 

Gentlemen: — We  hereby  certify  ihat  Messrs.  Tbomns  and  Jmnes 
Dixon  are  entitled  to  receive  from  you  tlie  sum  of. one  hundred  dol- 
lars on  account  of  architectural  services  in  Ite^^grectioin;,. of  the 
courthouse  and  jail  of  Baltimore  county. 
^    ''  Very  respectiully, 

Edward  S.  Riyers, 
Joshua  Hutchins, 
William  Slater, 
Charles  Timanus, 
Jos.  D.  Pope. 
Ordered,  That  the  aj^ents  of  the  court  house    and  jail  fund  of 
Paltimore  county  pay  Messrs.  Wm.  &  J.  Dixon,  one  hundred  dol- 
lars on  a'chiteciural  services  rendered  in  the  erection  ol  the  court 
house  and  jail  of  Baltimore  county,  , 

[$100  OOj  Klisha  S.  Johxson,  President, 

Board  of  Commissioners  of  Baltimore  county. 
Bdltnnore,  Dec.  3ist,  1855. 
To  the  Commissioners  of  Baltimore  county: 

Gentlemen, —  We  heieby  certify  that  Mr.  Wra.  H.  Allen  is  en- 
titled to  receive  iromyou  the  sum  of  three  thousand  dollars  on 
account  of  work  done  and  materials  furnished  in  the  erection  of 
the  court  house  of  Baltimore  county  at  Tows'ohlown. 

Very  respectfully, 

Edward  S.  Myers, 
Joshua  Hutchins. 
Wm.   Slater, 
Charles  'Jimanus, 
[$3000  00]  Joskph  D.  Pope. 

Ordered,  Thai  the  agents  of  the  court  house  and  jail   fimd  of 
Baltimore  county  pay  Mr.  Wra.  H.  Alien    three  thousand  dollars 
on  account  of  work  done  and  materials  furnished  in  the  erection 
,.of  the  court  house  and  jail  of  Baltimore  county. 
[3000  00]  Elisha  S,  Johns-on,  President, 

January  1st,  1856. 

Baltimore,  Jan.  ]st,  1856. 
The  County  Commissioners  of  Baltimore   County,       ) 

(Acting  as  Agents.)  \ 

To  Thos   T.  Nelson,  Dr. 
For  amount  paid  for  stamp  on  Commissioners  Bond ....  $6  00 
Ordered,  'J'hat  the  agents  of  the  court  house  and  jail  fund  of  Bal- 
timore county,  ])ay  Thos.  T.  Nelson  Treasurerof  Bfliimore  coun- 
ty, six  dollars  being  forslamp  on  Bond  of  Commissioners  of  Bal- 
timore county. 

[$6  00]  ,  Elisha  S.  Johnsoit,  President. 

January  2,  1856. 
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Grafton  M.  Bosley,  4"c-?  Bond  to  the  Commissioners  of  Baltimore 

County. 
[State  of  Maryland  Stamp  Five  Dollars  and  a  half.] 
Know  all  men  by  these  presents  that  we  Grafton  M.  Bosley, 
Elijah  Marsh,  Joshua  Marsh,  Joshua  Bosley,  and  Joshua  M. 
Bosley  of  Baltimore  county  in  the  State  of  Maryland  are  held  and 
firmly  bound  unto  the  Commissioners  of  Baltimore  county  afore- 
said in  the  full  and  just  sum  of  ten  thousand  dollars  lawful  money 
of  the  United  States  to  be  paid  to  the  said  Commissoners  or  their 
Attorneyor  assigns,  to  the  payment  whereof  we  bind  ourselves  our 
heirs,  exe^.utors  and  administrators  jointly  and  severally  firmly  by 
these  presents,  sealed  with  our  seals  and  dated  this  twenty-sixth 
day  of  August  in  the  year  of  our  Lord  one  thousand  eight  hun- 
dred and  filty-four.  Whereas  the  said  Grafton  M.  Bosley  has  con- 
sented and  agreed  to  grant  and  convey  to  the  Commissioners  of 
Baltimore  county  aforesaid  two  pieces  or  pa  eels  of  land  situate 
and  lying  in  Baltimore  county  in  or  near  to  Towsontown  for  the 
purposes  of  erecting  thereupon  a  court  house  and  jail,  the  first  of 
said  parcels  to  contain  four  acres  and  the  second  two  acres  of  land, 
which  are  or  will  be  described  in  a  deed  of  conveyance  from  him 
to  them  by  metes  and  bounds  executed,  or  about  to  be  executed 
between  the  aforesaid  parties.  And  whereas,  by  the  last  vrill  and 
testament  of  Josiah  Marsh  late  of  said  county  deceased,  under 
which  the  said  Grafton  M.  Bosley  derived  and  acquired  a  title  to 
the  whole  of  said  land  of  which  the  said  two  parcels  are  parts, 
said  property  and  premises  were  made  subject  to  the  life  estate  of 
Eliza  Marsh  the  widow  of  said  Josiah  Marsh  in  one  half  thereof, 
to  the  payment  of  two  thousand  dollars,  to  Joshua  M.  Bosley,  and 
to  the  payment  of  seventy  dollars  per  annum  for  life  to  Beale 
Marsh.  And  whereas,  the  said  Grafton  M.  Bosley  has  paid  to 
the  said  Joshua  M.  Bosley  the  aforesaid  sum  of  two  thousand 
dollars  so  chargeable  upon  said  land  as  aforesaid:  and  in  lieu  of 
the  life  estate  in  one  half  of  said  land  has  executed  a  mortgage 
to  the  said  Eliza  Marsh  of  the  whole  of  said  land  for  securing  to 
her  for  life  the  sum  of  four  hundred  and  fifty  dollars  per  annum 
payable  quarterly  as  is  therein  expressed,  which  said  mortgage 
bears  date  the  third  day  of  October  one  thousand  eight  hundred 
and  fifty  and  recorded  among  the  land  records  of  Baltimore  coun- 
ty in  Liber  A  W  B,  No.  444,  folio  173,  &c.  Now  the  condition 
of  the  foregoing  obligation  is  such  that  if  the  said  Grafton  M. 
Bosley, his  heirs, executors,  administrators  or  assigns,  do  anu  shall 
defend,  secure,  save  harmless  and  keep  indemnified  the  Commis- 
sioners of  Baltimore  county,  their  successors  and  assigns  for,  from 
and  againstallsuits  actions,  attachments, damagescosts, and  charges 
whatsoever  which  may  be  brought  upon  or  against  the  said  Com- 
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missioners,  their  successors,  or  assigns  for,  or  on  account  of  the 
mortgage  debt,  or  claim  secured,  to  be  paid  by  the  said  Grafton 
M.  Bosley  to  the  said  Eliza  Marsh  by  the  Indenture  of  mortgage 
before  referred  to,  and  also  for,  or  on  account  of  the  payment  to 
the  said  Beale  Marsh  of  the  sum  of  seventy  doriars  aforesaid  per 
annum  for  life,  then  and  in  those  events  this  obligation  to  be  void 
and  of  no  effect,  otherwise  to  be  and  remain  of  full  force  and  vir^ 
tue  in  law. 

Grat'ton  M.  Bosley,     [seal] 
IOlijah  Marsh,  [seal] 

Joshua  Marsh,  [seal] 

Joshua  Bosley,  [seal] 

Joshua  M.  Bosley,         [seal] 
Signed  and  delivered  in  the  presence   of  Edward   Flayhart, 
State  of  Maryland,  city  of  Baltimore,  set.:  Beit  remembered  and 
it  is  hereby  certified  that  on  this  twenty-sixth  day    of  August  in 
the  year  of  our  Lord  one  thousand  eight   hundred  and  fifty-four, 
before  the  subscriber  one  of  the  Justices  of  the  peace  of  the  State" 
of  Maryland  in  and  for  Baltimore  county,  aforesaid,  personally  ap- 
pear  Grafton    M.  Bosley,    Elijah  Marsh,  Joshua  Marsh,  Joshua 
Bosley,  and  Joshua  M.  Bosley,  they  being  known  to  me  to  be  the 
persons  named  and  described,  as,  and  professing  to  be  the  obli- 
gors in  the  foregoing  bond  or  instrument  of  writing,  and  do  sev- 
erally acknowledge  the  same  to  be  their  respective  act  and  deed. 
In  testimony  whereof,  I 'hereunto  subscribe  my  name  on  the  day 
and  year  aforesaid.  Ebward  Flayhart. 

Recorded  on  the  29th  day  of  August  1854  and  examined. 

Per  Henry  M.  Fitzhugh,  Clerk. 
State  of  Maryland,  Baltimore  County,  to  loit: 

I  hereby  certify  that  the  foregoing  is  a  true  copy  taken  from  Li- 
ber H  M  F,  No.  9,  folio  283,  &c.,  one  of  the  land 
records  for  Baltimore  county.  In  testimony  whereof  I 
have  hereunto  subscribed  my  name  and  affixed  the 
seal  of  the  Circuit  Court  for  Baltimore  county,  this 
twenty-third  day  of  January  Anno  Domini  eighteen 
hundred  fifty-six. 

Henry  M.  Fitzhugh,  Clerk, 

Circuit  Court  for  Baltimore  county. 


Grafton   M.  Bosley^  Deed  to  the   Commissioners  of  Baltimore 

County. 

[State  of  Maryland  Stamp  One  Dollar;] 

This  Indenture  made  this  twenty  sixth  day  of  August  in  the 
year  of  bur  Lord  one  thousand  eight  hundred  and  fifty  four,  be- 
tween Grafton  M.  Bosley  of  Baltimore  county  in  the  State   of 
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Maryland  of  the  one  part,  and  the  commissioners  of  Baltimore 
county  of  the  other  part,  witnesseth  that  for  and  in  consideration 
of  the  sum  of  five  dollars  lawful  money  to  the  party  hereto  of 
the  first  part,  paid  by  the  parties  of  the  second  part  to  these  pres- 
ents at  or  before  the  sealing  and  delivery  hereof,  the  receipt 
whereof  is  hereby  acknowledged,  and  for  divers  other  good  causes 
and  considerations,  him  thereunto  moving  the  said  Grafton  M. 
Bosley  halh  granted,  bargained  and  sold,  aliened,  enfeoffed,  and 
conveyed,  and  by  these  presents  doth  grant,  bargain  and  sell,  alien, 
enfeoff  and  convey  unto  the  commissioners  of  Baltimore  county 
aforesaid,  their  successors  and  assigns,  all  that  piece  or  parcel  of 
land  situate  and  lying  in  Baltimore  county  aforesaid,  in  or  near 
to  Towsowntown  and  described  by  metes  and  bounds,  courses  and 
distances  following,  that  is  to  say:  beginning  for  the  same  at  a 
stone  now  planted  at  the  end  of  a  line  drawn  south  eighty  nine 
and  a  half  degrees,  east  seventy  two  and  one  eighth  perches  from 
a  stone  heretofore  planted  as  the  third  boundary  of  a  tract  of  land 
called  James'  Meadows,  it  being  the  beginning  boundary  of  the 
piece  or  parcel  of  land  conveyed  by  Samuel  Donaldson  &  Co., 
trustees  to  Josiah  Marsh,  by  indenture  dated  the  eighth  day  of 
April,  one  thousand  eight  hundred  and  thirty  (said  first  mentioned 
stone  being  the  corner  of  the  parcel  of  land  hereby  intended  to  be 
conveyed,  exclusive  of  the  avenue  or  roadway  hereinafter  men- 
tioned,) thence  with  the  line  of 'avenue  as  intended  to  be 

laid  out,  north  ten  degrees,  east  three  hundred  and  twenty  feet 
to  a  stake,  south  eighty  degrees  east  four  hundred  and  forty  four 
feet  to  a  stake,  south  ten  degrees  west  three  hundred  and  twenty 
feet  to  a  stake,  and  thence  north  eighty  degrees,  west  four  hun- 
dred and  forty  feet  to  the  place  of  beginning.     In  which  descrip- 
tion is  comprehended  an  avenue  or  roadway  upon    the  four  sides 
of  said  lot  of  land  twenty  feet  wide,  to  be  forever  hereafter  kept 
open  as  a  public  thoroughfare,  and  which  said  lot  of  land  contains 
four  acres  and  is  hereby  granted  and  conveyed  for  the  purpose  of 
having    erected  thereupon  a  court  house  for  Baltimore  county 
aforesaid,  and  also,  all  that  piece  or  parcel  of  land  situate  and  ly- 
ing in  the  county  of  Baltimore  aforesaid  in  or  near  Towsontown 
and  described    by  metes  and  bounds,  courses   and  distances  fol- 
lowing to  wit:  Beginning  for  the  same  at  a  stone  now  planted  at 
the  southwest  corner  of  the  parcel  of  land  conveyed  by  the  said 
Grafton  M=  Bosley  toEnos  Smedley,  said  stone  being  planted  at 
the  end  of  a  line   drawn  south  thirty  four  degrees   five  minutes 
east  seventy  nine  and   one  third  perches  from  a  stone  heretofore 
set  as  the  third  boundary  of  the  tract  of  land  .called  James'  Mea- 
dows, and  the  beginning  boundary  of  the  aforesaid  piece  or  par- 
cel of  land  conveyed  by  Samuel  J.  Donaldson  &  Co.,  trustees  to 
Josiah  Marsh,  thence  from  said  first  mentioned  stone  by  and  with 
the  outline  of  the  property  of  Enos   Smedley  as   aforesaid,   and 
running  along  the  centre  of  a  lane  laid  out  or  to  be  laid  out  twenty 
feet  wide,  north  ten  degrees  east,  four  hundred  and  eighty  three 
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feet  six  inches,  thence  leaving  said  lane  and  the  outline  aforesaid 
south  eighty  degrees,  east  one  hundred  and  ninety  feet,  south 
ten  degrees,  west  four  hundred  and  nineteen  feet  to  the  out- 
line of  the  land  belonging  to  said  Smedley,  and  thence  with 
said  outline  south  eighty  one  degrees  and  a  quarter  west  two 
hundred  feet,  to  the  place  of  beginning,  containing  two  acres  of 
land,  in  which  description  is  comprehended  three  feet  three 
inches  of  land  in  width  along  the  third  boundary  line  thereof, 
intended  to  constitute  a  part  of  an  avenue  or  roadway  laid  out 
or  to  be  laid  out  for  public  use,  and  also  ten  feet  along  the  first 
line  of  the  land  secondly  above  described,  which  with  other 
ten  feet  is  to  constitute  an  avneue  or  roadway  to  be  forever 
hereafter  kept  open  as  a  public  thorough  fare  to  which  said 
land  the  said  Grafton  M.  Bosley  became  entitled  under  the 
last  will  and  testament  of  his  uncle  Josiah  Marsh,  now  de- 
ceased, which  bears  date  the  sixteenth  day  of  August  one  thous- 
and eight  hundred  and  fifty,  and  has  been  duly  proved,  and  is  now 
of  record  in  the  office  of  the  Register  of  \Vills  for  Baltimore 
city  in  Liber  D.  M.  P.  and  N.  H.  No.  24,  folio  8  &c.,  subject 
to  a  life  estate  of  Eliza  Marsh,  the  widow  of  said  deceased,  in 
one-half  of  the  whole  farm  or  land  of  which  the  above  described 
'  parcels  are  parts,  and  in  lieu  of  which  said  life  estate  the  said  Eliza 
S.  Marsh  has  received  a  mortage  from  the  party  of  the  first  part 
hereto  on  said  whole  land  for  securing  to  her  an  annuity  of  four 
hundred  and  fifty  dollars  per  annum  for  life,  and  subject  also  to 
a  devise  of  two  thousand  dollars  to  Joshua  M.  Bosley  which  has 
been  paid  and  satisfied  and  is  also  subject  to  the  payment  of  sev- 
enty dollars'per  annum  for  life  to  Beale  Marsh,  a  brother  of  the 
deceased.  The  said  Grafton  M.  Bosley  having  entered  into  bond 
with  sureties  in  the  penalty  of  ten  thousand  dollars  with  the  com- 
missioners of  Baltimore  county  aforesaid,  defending,  saving  harm- 
less and  keeping  indemnified  the  said  commissioners  for,  from  and 
agamst  all  suits,  charges  or  damages  which  might  or  could  be 
sustained  against  them  by  the  said  Eli:^a  S.  Marsh  or  the  said. 
Beale  Marsh  on  account  of  their  liens  or  claims  respectively 
upon  said  lands,  together  with  all  and  singular  the  buildings  and 
improvements  on  said  described  lands  erected,  made  or  being,  and 
all  and  every  the  ways,  roads,  water,  and  water  courses,  rights, 
privileges  appurtenances  and  advantages  to  the  same  belonging 
or  in  any  wise  appertaining  and  the  reversion  and  reversions,  re- 
mainder and  remainders,  rents,  issues  and  profits  thereof,  and  all 
the  estate  and  interest, right,title,use,trust,claim  and  demand  what- 
soever of  the  said  Grafton  M.  Bosley  in  unto  and  out  of  the  said 
described  property  and  premises,  to  have  and  to  hold  the  two 
pieces  or  parcels  of  land  and  premises  above  described  with  the 
appurtenances  unto  the  Commissioners  of  Baltimore  county  afore- 
said, their  successors  and  assigns,  to  their  proper  use,  and  behoof 
forever.  And  the  said  Grafton  M.  Bosley  for  himself,  his  heirs, 
administrators  and  executor^  doth  hereby  covenant  with  the  said, 
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the  Commissioners  of  Baltimore  county,  their  successors  and  a-^- 
signs  in  manner  following,  that  is  to  say.  That  the  said  Grafton 
M-  Bosley  and  his  heirs,  the  two  pieces  or  parcels  of  land  and 
premises  above  described  wiih  the  purtenances,  ri^rhts  and  privil- 
eges aforesaid,  from  and  against  hia^seif  and  his  heirs,  and  all  and 
every  other  person  and  persons  legally,  equitably  having  or  claim- 
ino-  or  to  claim  any  estate  or  interest  therein,  or  right  or  title  therelo, 
or  in  or  to  any  part  or  parcel  thereoi  through,  by  or  under  him  or 
throuo-h,  by  or  under  the  within  named  Eliza  S.  Marsh  and  Beale 
Marsh  or  any  other  person  whomsoever,  unto  the  Commissioners 
of  Baltimore  county  aforesaid,  and  their  successors  and  assigns 
shall  and  will  warrant  and  by  these  presents  forever  defend.  And 
also  that  the  said  Grafton  M.  Bosley  and  his  heirs  shall  and  will 
at  any  time  or  times  hereafter  at  the  request  and  proper  cost  and 
charge  in  the  law  of  the  said,  the  Commissioners  of  Baltimore 
county,  their  successors  or  assigns,  do  make,  execute,  acknowledge 
and  deliver  or  cause  and  procure  to  be  done,  made,  executed  ac- 
knowledged and  delivered  all  such  further  act  or  acts  deed  or 
deeds  as  shall  or  may  be  reasonably  advised  or  devised  and  re- 
quired for  the  confirmation  of  these  presents  according  to  the 
purport,  true  intent  and  meaning  hereof.  In  witness  thereof, 
the  said  Grafton  M.  Bosley  hath  hereunto  subscribed  his  name 
and  affixed  his  seal  on  the  day  and  year  first  above  written. 

GRAFTON  M.  BOSLEY,  [seal.] 

Signed  sealed  and  delivered  in  the  presence  of 
Edward  Flayhart. 

State  of  Maryland,  ) 
Baltimore  county  ^ 

Be  it  remembered  and  it  is  hereby  certified,  that  on  this  twenty 
sixth  day  of  August,  in  the  year  of  our  Lord  one  thousand  eight 
hundred  and  fifty-four,  before  the  subscriber,  a  Justice  of  the 
Peace  of  the  state  of  Maryland,  in  and  for  Baltimore  county  afore- 
said, personally  appears  Gralton  M.  Bosley,  he  being  known  to 
me  to  be  the  person  who  is  named  and  described  as  and  profes- 
sing to  be  the  party  of  the  first  part  to  the  foregoing  deed  or  in- 
denture, and  doth  acknowledge  the  said  indenture  or  instrument 
of  writing  to  be  his  act  and  deed.  In  testamony  whereof  I  here- 
unto subscribe  my  name  on  the  day  and  year  aforesaid. 

Edward  Flayhart. 

Recorded  on  the  29th  day  of  August  1854  and  examened  per 

HENRY  M.FITZHUGH,  clerk. 

State  of  Maryland  )  ^ 
D  u-  4.     ^  to  wit : 

Baltimore  county  ) 

I  hereby  certify  that  the  foregoing  is  a  true  copy  taken  from 
Liber  H  M  F  No.  9  folio  264  &c.,  one  of  the  Land  Records 
for  Baltimore  county.     In  testimony    whereof  I  have  hereto   set 
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my  hand  and  affixed  the  seal  of  the  Circuit  Court  for  Baltimore 
county,  this  twenty -third  day  of  January,  1856. 

HENRY  M.  FITZHUGH,  clerk, 

Circuit  Court  for  Baltimore  county. 


Date  of  the  Certificate  of  the  5  per  cent  stock  from  the  City,  JYov. 

1st  1853. 

Amount  of  it |68,500  00 

Interest  upon  to  Feb.  1st,  1856 7,700  00 

Amount  borrowed  $42,000  00 

at  the  following  times  : 
Dec.  6th  1854— |5,000  00  interest  to  Feb.  1st,  '56 
Jan.  1st   1855—10,000  00 

May  ist  1855 5,000  00 

Augst.  1st  1855-10,000  00 

Oct.  1st  1855 5,000  00 

Jan.   1st  1856—10,000  00 


$45,000  00 
1,700  00 


$76,200 

00 

$350 

00 

650 

00 

200 

00 

300 

00 

100 

00 

100 

00 

$1,700  00 


$46,700  00 
Jimount  of  orders  drawn  hy  building  committee  on  County   Com- 

misshners,  in  favor  of  Mr.  W.  H.  Allen  and  Messrs.  Dixon,  on 

all  of  Court  House  and  Jail. 
Orders  to  Allen  at  sundry  times  for  Court  house. » .  .$23,000  00 

"  "  "  ^'      "   Jail 8,600  00 


Ordrs  to  Messrs  Dixon  at  sundry  times. 


$31,600  00 
...1,200  00 


$32,800  00 
Amount  of  contracts  with  Allen  and  the  Dixons,  say  $42,000  00 

Amount  of  Order  dratoe  by  building  committee  on  County  Commis- 
sioners, for  expenses  incident  to  the  public  propei^ty  and  build- 
ings, but  not  to  be  deductedfromthe  appropriation  of  $42,000  00 
for  building  Court  House  and  Jail,  to  loit  i 

Order  for  drawing  deed  for  lot  of  ground $20  00 

"     to  F.  Zorhorst,  for  surveying. 9  00 

"     to  Templeman  for         "  43  00 

"     to  Flayhart  for  pump  at  Court  House 132  00 

"  for  stamping  bond  and  deed  and  recording  same. .  .29  64 
"      to  Jones  for  acknowledgeing  deed 10  00 
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Order  lo  VV.  H.  Freeman.  Esq.,  for  leeal  services.  ..... .30  00 

"■      for  incidental  expenses 100  00 

'       for  Printing  and  office  rent .40  00 

"      to  '^Pempleman  for  drafts,  surveys,  &c 14  75 

"      to  Editors  of  Sun  for  advertising 6  88 

"      to  Building  Committee  at  sundry  times,  each 

having  received  $840  00 .  .4,200  00 

$4,635  27 

Estimated  costforf  urnishlng  the  new  Court  House  and  Offices  for 
Baltimore  County, 

Iron  frames  for  34  doors  and  windows $595  00 

Iron  doors  to  offices  13  c  $25  00 325  00 

Iron  Window  shutters  to  offices  21  c  $35  00 735  00 

Grading  lot  and  paving  walks 600  00 

Board  fence  to  enclose  Court    House   lot,  say    1680 

feet  and  gates 500  00 

2  warm  air  furnaces  and  fixtures 500  00 

Fresco  for  court  room 300  00 

Iron  Portico 7,500  00 

Cupola  and  belfry 2,000  00 

Pump  at  Court  House 132  00 

Probable  amount  for  services  yet  to  be   rendered  by 

Architects 500  00 


$13,687  00 
Marble  instead  of  iron  portico 9,500  00 

Estimated  cost  of  finishing  and  furnishing  the  Jail  and  Keepers 

Residence. 

To  complete  the  contract  of  W.  H.  Allen $1,800  00 

To  84  perch  additional  foundation  at  $2  25  per  perch. .  .189  00 

To  24  bolts  &c.  to  cell  doors Qo  00 

To  extra  iron  in  the  grates 20  00 

To  iron  doors  for  24  cells 384  00 

To  warm  air  furnace  and  fixtures 250  00 

To  pump  or  ram  for  water 500  00 

To  furniture  for  24  cells,  at  $17  25 414  00 

To    rading  lot  and  paveing 300  00 

~~$3,923  00 
To  stone  wall  to  enclosed  jail  lot  $7,000. 
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